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Letter Contract Ho. PR- 8200 
Amendment No. 4 


The Perkin-Elmer Corporation 
Main Avenue 
Norwalk, Connecticut 

Gentlemen : 


2 8 1960 
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„ _ i* Please r efer to Letter Contract No. PR-8200 between the 
United States Government and The Perkin-Elmer Corporation, dated 
28 October 1959. 

2. The Letter Contract is hereby further amended in certain 
particulars as follows : 

a. In Paragraph 4, Provision for Definitizing Contract, 
as amended by Amendment No. 3, delete the date 30 June i960 and 
substitute the date 30 September i960 therefor. 

_ , „ b ‘ In Paragraph 5, Authority to Obligate Funds, of the 

Letter Contract as amended by Amendment No. 3, the amount stated 
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therein is increased by 
The additional sum of 


from 


plocateii nerein to this contract 


. , , , .... „ i— . - 1 nu i/jua euuT.racx 

shall be subject to funds being made available for this contract with- 
in the Government's Fiscal Year commencing 1 July i960. 

°* In Paragrap h 6, Payment of Fixed-Fee, in EXHIBIT "A" 
of the Letter Contract as amended by Ame ndment No. the amount of 
is deleted and the amount of 


therefor. 


is substituted 


d. In Paragraph 2, Period of Performance, in EXHIBIT "A" 
ox the Letter Contract as amended by Amendment No. 3, the date 30 
June I960 is deleted and the date 30 September i960 is substituted 


3* All other terms and conditions of Letter Contract No. 
PR-8200, as amended, remain unchanged. 
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k. Please indicate your acceptance of this Amendment No. M- 
to Letter Contract No. ER-8200 by executing the original and two 
copies thereof. Return the original and one copy of this Amend- 
ment to the undersigned and retain the remaining copy for your 
files. 


Very truly yours, 

25XP? UNITED STATES OF AMERICA 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
T HE PERKIN-ELMER CORPORATION 

BY 


TITLE 


ELECTRO - OPTICAL DIVISION’’ 


DATE 
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